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BILL NO. S-83-09- 


SPECIAL ORDINANCE NO. 




AN ORDINANCE approving Change Order 
#1 for Res. #172-83, Memorial Park 
Area Street Lighting, N.S.A., with 
Weikel Line Co., in connection with 
the Board of Public Works. 


NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL OF 


THE CITY OF FORT WAYNE, INDIANA: 


SECTION 1. That Change Order #1 for Res. #172-83, 

Memorial Park Area Street Lighting, N.S.A., with Weikel Line 

Co., in connection with the Board of Public Works, is hereby 

ratified, and affirmed and approved in all respects. The reason 

for the Change Order is: 

Change Order #1 for Res. #172-83, Memorial 
Park Area Street Lighting, N.S.A., was 
necessary because on original plan, the 
alley approach on the north side of Randall 
between Grant and Wabash was not to be 
removed and reinstalled. The driveway 
just east of Grant on the north side of 
Randall was to be reinstalled as a single 
wide drive when in actuality it should 
have been figured as a double drive thus, 
the difference in quantities on the in¬ 
stallation of new curbface; 


the Change Order increase is Eighty-Two and 23/100 Dollars ($82.23 
SECTION 2. Prior Approval was received from Council 
with respect to this Change Order on September 20, 1983. Two (2) 
copies of the Change Order attached hereto are on file with the 
City Clerk and are available for public inspection. 

SECTION 3. That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 
approval by the Mayor. 









Tin full and on motion by 


he second time 

(and the City 


Read the first,/timgnin fu _ 

seconded by_/ and duly--3£opted, rea 

by title and referreahzd the Committee ClCgJ _ 

Plan Commission for recommen dation) and PubiJ-g Hearing to be held after 
due legal notice, at the,^CouhcTl Chambers, City-County Building, Fort Wayne, 

Indiana, on_ _, the__ , f d ay of 

. r - 19 _, at / o 1 orlocK Im.^E.S.T. 



Read the third tj 
seconded by 
passage. 


PASSED (fi©6®r by the following vote: 


placed on its 


TOTAL VOTES 

BRADBURY 

BURNS 

EIS3ART 

GiaQUINTA 

SCHMIDT 
SCHOMBURG 
SCRUGGS 
STIER 
TALARICO 

DATE: 


AYES NAYS 

£L 






ABSTAINED ABSENT TO-WIT: 




- CITY c/ERK 


Passed and adopted by the Common Council of the City of Fort Wayne, 

Indiana, as ("BO NING- MAP) - 

CARRRQBR5ATLON) ORDINANCE 
on the _ 


f G & NERA Li-(A NNEX A TI ON) (SPECIAL) 

(RESetCM^)- NO. 


_day o: 


,f 19 J& . 


(SEAL) 


CITY CLERK 


'FICER 


_ 

lip 


PRESIDING OFFICER 


Presented by me to the Mamr—of the City of Fort Wayne, Indiana, on 
__day of _, 19 Zi_ at the hour of 

_o'clock E .M. 


CITY CLERK 


Approved and signed by me this _ 

19 E 2 ) , at the hour of_ C3 o ' clock 


f£tlK d ay of 


y -M.,E.S.T. 


WIN MOSES, JR. - MAYOR 














































































CHA^E.OggSg, 


langsTorder No. , '• 1 ___ ' 

roject No. ___ . 

ante of Project i MEMORI AL PARK AREA..._ 

3 . The Weikel Line Co. _ 

(Contractor) 


Resolution No.' 
Board Order Mo«_ 
Date 


J±*L- 


3U are hereby requested to comply vdth the following changes from the contract plans end 
pacifications: * * . 


tea 


Descriotion or Change 


Change in Contract Price 

Ouantitv 

Material• 

Unit Price 

Decrease 

Increase 

003 

152LF 

Install 2/c &/or l/c#4 alum wire in . 

trench or'cohduit 

0.35 

$ 53.20 


004 

. 3LF 

Trench in earth '-.20" deep 

. 0,88 

2.64 ' 


005 

118LF 

'Bore or"push 1^" tubing under drives, 

trees, walks, streets, etc. 

4.11 

484.98" • 


006 

1295LF ' ’ 

Fine grade, seeding & mulch i 

| 0.30 . 

388.50 ' 


008 

24LF . 

Remove curb 

i 1.25 
! 

30.00 




Total 

Decrease 





Total 

Increase 





• Net (Decrease) (Increase) Contract Price 




- Ko ^ - ftf s 'Is hereby (added to) (deducted from) the total contract 

>rice,” and"the final contract'price shall be adjusted as follows: 


Original Contract Price 

Current Contract Price Adjusted by Previous Change Order 5. 
New Contract Price Including this Change Order $_ 


rha tine provided for completion in the contract for this project is (unchanged) (increas< 
[decreased) by calendar days due to <-nis Cnange Order. The daue for comp_et.ro. 
af all work shall be _ 


Furthermore, this document shall 


amendment*to the contract and all provisions of the contract shall apply hereto. 

^ jA/ zz. . 



bv: 'Ss_ 

/jfo' 

turner 

(Contractor! 


^ J2..6.T (City Engineer) 

^: 

{mssl 

j AAs/L*?'? --———,—- 



.i // 


n J*. i 


Z/u/U— 




































































CHAISE OP.SH?. 


page 2 of 2 

Resolution No. _^JJ2=&L. 


project MEMORIAL PARK AREA, 
Weike1 Line Co. 


Board Order Mo - 79-82 
Date -- _ 


(Contractor) 


hereby requested to comply v,ith the folio*.-* changes from the contract plans and 
icificationsr 


1 Quantity I 


n.q scriotton of Change__ 
Material' 


J 

I Unit Price 


582 S.F 


4 Ton 


Remove Concrete 


Install 5ft. curb face walk „ 




■Asphalt Patching 


! 23.00 


Change in Contract Price 


Decrease I Increas 


$ 92.00 


i 


' Met 

sum of S 82 .23 


Total Decrease 
Total Increase 
(Increase) Contract Price 


$ 1.051.32 - 


* 27.75- 


1.1Q5..&0- 


$ 1,133.55 


82.23 


_ Is hereby (added to) 


the total contract 


S 13.715.Q2 


sum of S 82.23_ _— 1 ZTV, as follow 

rice, end the' fine! contractTrice shell be e=r— as -o-lo., 

' crrf;nfconf«=fpSfe%, J justed byPrevious C-nan 3 e Order | 

Jlew Contract Price Including this Cha,* = e 0-c..r • . 

, . . J.V. ?c" this project is (unchanged) (increas: 

he time provided for completion in ‘ t t - n , s’chanoe Order. The date for completioi 

decreased) by rr==r calender cays du- document shall become an 

■f all work shall be --- J ryr - the ccn tract shall apply hereto 

amendment to the contract and aU.ptO^sxons . • / 


Engineer) Date I?/'?'' - 

(Contractor) Date // -3_ _ 


ecommended by: 

by: 

* . ' (Owner) Pate J ?-fb ". IL- 

^pproved \>yi ^ t ~ ' 




mm 


Jl R : . / 


Date 




















































































'. ' > 
Change Order No. 
Resolution No- 
Board Order No- 


REQUEST AND JUSTIFICATION FOR CHANGE 


1- Necessity for changer On original plan, the alley approach on the north side of 
Randall between Grant and Wabash was not to be removed and reinstalled. The driveway 

just east of Grant on the north- side of Randall was to be reinstalled as a single wide, 

drive when in actuality it should have been figured as a double drive thus, the 
difference in quantities on installation of new curbface... - • '• * 



2- V/ill proposed change alter size of ' the project? Yes __^ No_X 

If yes, explain: ___ . ___ ' 


3. • Affect on operation and maintenance cost of this project: None 




































BILL NO. 


S-83-09-56 


REPORT OF THE COMMITTEE ON PUBLIC WORKS 


WE, YOUR COMMITTEE ON_ Public Works _TO WHOM WAS REFERRED AN 

ORDINANCE approving Change Order #1 for Res. #172-83, Memorial Park 
Area Street Lighting, N.S.A., with Weikel Line Co., in connection 


with the Board of Public Works 



HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG LEAVE TO REPORT 
BACK TO THE COMMON COUNCIL THAT SAID ORDINANCE fV C' _PASS. 




































Admn. Appr. 


TITLE OF ORDINANC E Change Order #1 for Memorial Park Area Street/lighting, N.S.A. 
DEPARTMENT REQUESTING ORDINANCE Board of P ublic Works /O 5 —'SPj® 

SYNOPSIS OF ORDINANC E The reason for Change Order #1 was necessary beca use on original 
- . plan, the alley approach on the north side of Randall between Grant and Wabash was 


not to be removed and reinstalled. The driv eway just east of Grant on the north 
side of Randall was to be reinstalled as a single wide drive when in actuality it 


should have been figured, as a double drive thus, the difference in quantities 


on installation of new curbface. - The Weikel- Line Company is the contractor. 

' PRIOR APPROVAL RECEIVED 9/20/83 



EFFECT OF PASSAGE Facilitate- completion of the project 


EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase $82.23 


ASSIGNED TO COMMITTEE 












































































